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NAVY review(s) 
completed. 


CIA-RDP81 B00878R0004001 20076-7 


DPD-0438-60 


15 January I960 


ACTIVITIES PROGRAM 


1. PURPOSE: 


REVISED ESTIMATE FOR 


Installation of APG-53A terrain avoidance radar | |° r 

loan to the Navy to provide for a joint CIA- Navy testing, allowing 
CIA to fully test an urgently needed item without the expense of 
purchasing equipment or paying for test program. (Navy to furnish 
and pay for testing and maintenance. ) 

2. DESCRIPTIO N OF WORK OR SERVICES REQUIRE D: 


a. Install APG-53A elements in 

b. Install APG-53A wing and fu selage wiring in | 

c. Install APG-53A indicator in 

d. Mount complete APG-53A ass^mhJjsg AH 
Axil tasks performed by Lockheed 


3. EXPECTED ADDITIONAL OR RE LATED WORK OR SERVICES: 


25X1 


25X1 A 


None 

4. TOTAL ESTIMATED COST: 


DPD COMPTROLLER REMA. IKS: 


"Not funded foj 
A/S R&D. Isl 



JJ-,be costed against 

// 


m/w 

DELIVERY SCHEDULE O R PERIOD O P PERFORMANCE : 
Job to be completed by 15 March I960, 
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COORDINATION: 


25X1 A 



25X1 A 


CONCUR: 

, ^ 3 . 


WILLIAM B UR KE 
Colonel USAF £ 0 ^ id6S 
Acting Chief, DPD 


25X1 A 


STANLEY W. BEER LI 
Chief, Operations Branch, 
Authorized DPD-DD/P Requester 


APPROVED: 


25X1 A 


RICHAR D M. BISSELL, 
Deputy Director 
(Plans) 


JAN I960 


7. CONDITIONS OF APPROVAL: 


25X1 A 


DPD-DD/P[[ 

Distribution: 


gns 


1 - Contracts/DPD 
1 - DD/P 
1 - A/Ch/DPD 
1 - Finance /DPD 
1 - Ops/DPD (Req. Sect) 
1 - Ops/DPD (Chron) 

1 - RI/ DPD 
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